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Message Text 



LIMITED OFFICIAL USE 
PAGE 01 QUITO 03461 022200Z 
71 

ACTION OC-06 

INFO OCT-01 CCO-OO FBO-01 ADP-00 OCL-OO /008 W 

109307 

R 022128Z IUL 73 
FM AMEMBASSY QUITO 
TO SECSTATE WASHDC 7916 
INFO ATO/WASHDC 
AMEMBASSY PANAMA 



LIMITED OFFICIAL USE QUITO 3461 

DEPT FOR OC/E; OC/S; PANAMA FOR RTC 

E.O. 11652: N/A 
TAGS: ACOM 

SUBJECT: CCC PROGRESS REPORT FOR 24-30 JUNE 73 

1. FORM FABRICATED FOR EDWARDS AIR CONDITIONER PAD ON ROOF. 

2. DOOR D-9 AND WALLS REMOVED IN ROOM 7 PER SPECIFICATIONS. 

3. INTERIOR WALLS WHICH ENCLOSED ROOM ENTERED THROUGH D-10 
REMOVED. ALSO VENT SHAFT TO OUTSIDE OF BUILDING REMOVED. 

4. STARTED REMOVAL OF PLYWOOD AND ACOUSTICAL TILE ON WEST 
(WINDOW) SIDE OF ROOM 7. 

5. DRESSED UP CORNER WALLS WHERE WALLS JOINTED REMOVED WALLS. 
CHAPLIN 
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Message Attributes 



Automatic Decaptioning: X 

Capture Date: 01 JAN 1994 

Channel Indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 02 JUL 1973 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: RELEASED 
Disposition Approved on Date: 

Disposition Authority: garlanwa 
Disposition Case Number: n/a 
Disposition Comment: 25 YEAR REVIEW 
Disposition Date: 28 MAY 2004 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1973QUITO03461 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: n/a 

From: QUITO 

Handling Restrictions: n/a 

Image Path: 

ISecure: 1 

Legacy Key: Iink1973/newtext/t19730758/aaaabqqo.tel 

Line Count: 46 
Locator: TEXT ON-LINE 
Office: ACTION OC 

Original Classification: LIMITED OFFICIAL USE 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 1 

Previous Channel Indicators: 

Previous Classification: LIMITED OFFICIAL USE 
Previous Handling Restrictions: n/a 
Reference: n/a 

Review Action: RELEASED, APPROVED 
Review Authority: garlanwa 
Review Comment: n/a 
Review Content Flags: 

Review Date: 18 JAN 2002 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <18-Jan-2002 by martinjw>; APPROVED <08 FEB 2002 by garlanwa> 

Review Markings: 
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EO Systematic Review 
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Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
Secure: OPEN 
Status: NATIVE 

Subject: CCC PROGRESS REPORT FOR 24-30 JUNE 73 
TAGS: ACOM, EC, CCC 
To: STATE 
Type: TE 
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